O CO A Oo, ON RS SON oe 


Oe. E aE o NSO NIc Nn INO > NOS NS: COND IND SIND ies ees ek ek ee Ce ee a ee 
hee SS CO COR Ss O ON ae Cs NOR eS ROO) a es OO eI) ee 














BILL NO. S-88-06- /(, 


SPECIAL ORDINANCE NO. S- Z 7 B54 


AN ORDINANCE approving Change Order No. 
#1, Improvement Res. #6085-87 North & 
South Washington Road, Curbs, Partial 
Driveway Approaches, Partial Yard Walks 
with Brooks Construction Company in 
connection with the Board of Public 
Works and Safety of the City of Fort 
Wayne, Indiana. 

NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA; 

SECTION 1. That Change Order No. #1, Improvement Res. 
#6085-87 North & South Washington Road, Curbs, Partial 
Driveway Approaches, Partial Yard Walks with Brooks 
Construction Conpany in connection with the Board of Public 
Works and Safety, for: 

the extension of resurfacing the street 

with asphalt and extending the sod 

quantity for landscaping purposes; 
involving a net increase of Forty-Two Thousand Three Hundred 
Forty-Three and 52/100 Dollars ($42,343.52+/-), all as more 
particularly set forth in the specifications, and which is 
on file with the Office of the Board of Public Works and 
Safety and is ky reference incorporated herein, made a part 
hereof, and is hereby in all things ratified, confirmed and 
approved. 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all 


necessary approval by the Mayor. 


Coundilmember 


APPROVED AS TO FORM 
AND LEGALITY 


Ste Dh Cou 
J. Timothy McCaulay 








CHANGE ORDER 


Change Order No. 1 Resolution No. 6085-87 
Froject No. Board Order No.2/2-86 & 273-86 
Name of Project New Curbs North & South Washington Road Date PE AT ee er esa 
a te TNA gaa ns a ae tu 
To: BROOKS CONSTRUCTION CO. 
(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Description of Change | Change in Contract Price 


Unit Price Decrease Increase 


| Eireann ee 








Total Decrease | 14,971.04 | | 
Total Increase | eee | 


Net (Reergasg) (Increase) Contract Price | 42,343.52 


r 

The sum of $ 42,343.52 is hereby (added to) (dextaotexkofrxem) the total contract 
price, and the final contract price shall be adjusted as follows: 

Original Contract Price $ 178,824.80 

Current Contract Price Adjusted by Previous Change Order $ 

New Contract Price Including this Change Order $ 221,168.32 
The time provided for completion in the contract for this project is (unchanged) Coxexeasad ) 
(decweaseck) by calendar days due to this Change Order. The date for completion 
of all work shall be same - Furthermore, this document shall become an 


amendment to the contract and all provisions of the contract shall apply hereto. 
Date MA ES 


Date ETS, EB 


Approved by: VM J ‘ i OF City Engineer Date 5 / IG / 8 
Approved by: A7 Fee Owner Date Sja 5 jẹ 4 
Le, Z 


Eee 
KKOCME SA = 


/, D A Nhe 
Aud ADhe 
Attested by: de ZA Hanf Af tt Date 5 Ja- D 






Recommended by; 


Accepted by: 


Change Order No. _1 ee 
Resolution No. 6085-87 is 


Board Order No. Zz & = 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: 


to_add new item of mulched seeding. Necessity for change - see attached memorandum 
to Carl O'Neal dated 4/15/88. 





Will proposed change alter size of the project? Yes No _ XX 


If yes, explains 








Affect on operation and maintenance cost of this project: The placing of the additional 





asphalt should free the City from resurfacing these streets for approximately 20 years. 











A ee 


Don Niedermeyer, Project Engineer 





Read the first_time in full and on motion by ACUMA 


, 
seconded by ete , and du do sea, aa ae second time by 
title and referred td/ the Committee on act (and the 
City Plan Commission for recommendation) and Public Hearing to be held after 


due legal notice, at the Council Conference R ; = ing; 
Fort Wayne, Indiana, on 
of me eo 


DATED: Ep ftt 


Read the thi time in full and on motion by ss RS j 
seconded by LAA , and duly adopted, placed on its 
passage. PASSED LƏST by the following vote: 3 






AYES NAYS ABSTAINED ~ ABSENT 
TOTAL VOTES 2 2 
BRADBURY e~ 
BURNS i 
GiaQUINTA «bi 
HENRY — 
LONG a 
REDD c- 
SCHMIDT ees 
STIER Eaz 
TALARICO a 





DATED: Ear er ge 





SANDRA E. KENNEDY, CITY CLE 


Passed and adopted by the Common Council of the City of Fort Wayne, 









Indiana, as ( TE 
(SPECIAL) (-ZONENS MAP) ORDINANCE RESOLUTION NO. Lo fff 
on the or fc aay of Pee FL ; 







ATTEST 


SANDRA E. KENNEDY, CITY CLERK 


Presented by me to the Mayor of the City of Fort Wayne, Indiana, on 





the ol Feel day of palo EF 
at the hour of f fo Pe moe 
É g 5 TP D N Any 
SANDRA E. KENNEDY, CITY CLERK 








Approved and signed by me this iR; day of G ' 
19 RR ,; at the hour of 2° o'clock > .M.,E.S.7. 


WAL 


PAUL HELMKE, MAYOR 


Admn. Anpr. 


TITLE OF ORDINANCE Change Order #1, tmprovement Res. 6085-87, North & South 
5 CNN Fo; PTAS EE ee ee E E ashington Roa 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 


i T S 
SYNOPSIS OF ORDINANCE- . Change Order #1 for Improvement Resolution #6085-87, 
North & South Washington Road, Curbs, Partial Driveway Approaches, 
Partial Yard Walks, is necessary due to the extension of resurfacing 


the street with asphalt and extending the sod quantity for landscaping 


purposes. Brooks Construction Company is the contractor. 

















eee eee a 


ae ae ASS eet Ne EL =A MEL ROAD E a AE RRL Bc st A OE ASIN OI ee a ee ge 
EFFECT OF PASSAGE To facilitate completion of project. 


Taser ee i ha Le Lee emesis tances oe RAGS ESE a 
H = 
EFFECT OF NON-PASSAGE 
E SA Ore E ee ee ee eee ee aie Sk eon eee 
aA es Pil = lds ec ae Ae Se RRS a MGR NM ee AC EI oe PEM SE SAN 
SS SES: RAS ESR GAGE ESL ak ON EIN ORR a DNAS) r ar ae el E aN a esl es 
MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase $42,343.52 
oN A RR RE APS SaaS ase CORT SSNS 2 TNS: MCS ee Ae a Ce 


ASSIGNED TO COMMITTEE 


memea e a U 


r 


BILL NO. S=8'8=06—-16 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 


WE, YOUR COMMITTEE ON PUBLIC WORKS TO WHOM WAS 
REFERRED AN (ORDINANCE) (RESOIMTTONY approving —ŽŻ— —~— 
Change Order No. l, Improvement Res. #6085-87 North. & 
South Washington Road, codes Partial Driveway Approaches, 
Partial Yard Walks with Brooks Construction Company in 


connection with the Board of Public Works and Safety 


of the City of Fort Wayne, Indiana 


HAVE HAD SAID (ORDINANCE) (RESOLUTION) UNDER CONSIDERATION 
AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 


(ORDINANCE) 





YES NO 





GiaQUINTA 
VICE CHAIRMAN 
DAVID C. LONG 
JAMES S. STIER 


JANET G. BRADBURY 


CONCURRED Bh oo dist ae A N 





Sandra E. Kennedy 
City Clerk 


